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ACTION SSM-05 

INFO OCT-01 ISO-OO PASS-00 /006W 

104564 

R 16094Z APR 76 
FM USMISSION SINAI 
TO SECSTATE WASHDC 363 

UNCLAS SINAI 623 

PASS TO SSM 

1 . RELAY TO: E-SYSTEMS INC 
MAJORS FIELD 
GREENVILLE, TX 75401 
PHONE: 214-455-3450 
TELEX NBR. 9108605604 

ATTN: B.B. WOLFE 

2. FROM: E.E. PEARCY, E-SYSTEMS SFM 
SUBJECT: ZACHRY RESPONSIVENESS 
ESY-SFM NO. 099 DTD 16 APR 76. 

REF. (A) MY TWX ESY-SFM NO. 097 DTD 15 APR 76 

1 . THE COOPERATIVE ATTITUDE BETWEEN KEY ON SITE ESY AND ZACHRY 
PERSONNEL HAS DETERIORATED TO SUCH A DEGREE THAT I AM UNABLE TO 
RESPOND TO THE SIMPLEST OF USG REQUESTS IN A TIMELY MANNER IF A 
ZACHRY INPUT IS REQUIRED. FOR EXAMPLE, THERE IS NO DETAIL SHOWN 
OTHER THAN WIDTH AND LENGTH MEASUREMENTS FOR KELLY KLOSURE 
STRUCTURES AT THE PERMANENT BASE SITE. REQUESTS FOR SKETCHES 
WITH SUFFICIENT DETAIL FOR ESY AND USG REPS TO DETERMINE QUALITY 
AND ESIRABILITY OF DESIGN HAVE BEEN DENIED AS BEING OUTSIDE THE 
SCOPE OF WORK AND TO BE REQUESTED THROUGH SAN ANTONIO. PREVIOUS 
REQUESTS REPORTEDLY FORWARDED TO SAN ANTONIO WERE NOT 
RESPONDED TO AT ALL AND ARE NOW OVERTAKEN BY EVENTS. 

2. THERE IS NO DOUBT IN MY MIND THAT THE INFO BEING REQUESTED IS 
NEEDED BY BOTH THE PRIME CONTRACTOR AND THE USG. I WILL CALL MR. 
BOUKNIGHT AT 0830 GREENVILLE TIME ON 16 APR TO DISCUSS THIS AND 
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OTHER RELATED PROBLEMS WITH THE ZACHRY TEAM. REQUEST YOU AND 
OTHER INTERESTED ESY PERSONNEL BE AVAILABLE NEAR MR. 
BOUKNIGHT'S TELEPHONE IF POSSIBLE. 

USMISSION SINAI THORNE 
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*** Current Handling Restrictions *** n/a 
*** Current Classification *** UNCLASSIFIED 
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